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24-30 "E" Street, N. W. 
Washington, D. C. 

19 November 1953 


25X1 A9a 


25X1 A9a 



Reference is made to your letter of 12 November 1953, same 
subject . 


It is agreed that the details of coping and flashing, as 
shown on Drawing No. 5-3, is not practical construction. Therefore, 
a revised detail has been made in accordance with your suggestions 
and prints are enclosed. If the change requires any adjustment in 
contract price, have the Contractor submit a proposal. 


In reference to Paragraph 21.11 of the specifications, the 
"Paper Lining" is a waterproof kraft paper as noted under Para- 
graph 21.4- of the specifications. It is assumed that the wall 
finish referred to applies to the parapet wall. Since the area 
is so small in which the paper could be used, it is believed that 
it would be of very little value and therefore may be omitted. 


The question of insulating metals seems to be generally 
covered in the specifications. Paragraphs 21.8 and 21.9- Copper 
should be insulated from steel with lead or equivalent insulation 
and the aluminum should be painted with asphalt where it contacts 
steel or copper. 


The two copies of shop drawings. 
Service, # RM-1005 Alt., are returned 
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Very truly yours. 


25X1 A9a 


Enclosures 

5 prints of Drawing No. C-5 
2 prints of Drawing No. RM-1005 Alt. 
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